BOSTON  REDEVELOPMENT  AUTHORITY 

Boston,  Massachusetts 

Government  Center  Project 

No.  Mass.  R-3  5 

Amendatory  Loan  &  Grant  Application 

Part  I 

Binder  No.  2    Date:   JUL  1 1  1968 

I \ 


3So3/^o/i,,  ^/add.    0£/06' 


JUL  11  1958 


Mr.  Charles  J.  Horan 
Assistant  Regional  Administrator 
for  Renewal  Assistance 
Department  of  Housing  and  Urban  Development 
346  Broadway- 
New  Yor]<:.  New  York  10013. 


Re:   Amendatory  .Application  for  Loan  and  Grant 
Contract,  Government  Center,  Mass.  R~35, 
Boston,  Massachusetts 

Dear  Mr.  Horan: 

Submitted  herewith  are  ten  copies  of  an  application 
to  amend  the  Government  Center  Loan  and  Grant  Contract. 
Authorization  to  file  the  application  was  granted  by  the 
Members  of  the  Boston  Redevelopment  Authority  on  June  27, 
1968. 

This  submission  is  in  accordance  with  instructions 
contained  in  Urban  Renewal  Handbook  7206.1,  Chapter  2, 
Section  1,  and  in  compliance  the  following  exhibits  are 
enclosed: 

1)  HUD  612  --  Application 

2)  HUD  6200  --  Project  Cost  Estimate  and  Financing 

Plan 

3)  HUD  622  0  --  Project  Expenditures  Budget  and 

Supporting  Narrative 

4)  Resolution  of  Boston  Redevelopment  Authority 

5)  Certificate  of  Recording  Officer 

6)  Opinion  of  Counsel 

Your  approval  of  this  application  is  respectfully 

requested. 

/       -■      ^     /^ 
Sincerely.O  ^ 

Hale   Champion/ 
Atts.     -  Development  AdiTiinistrator 


\ 


t^^ 


t- 


THE  LIBRARY 

BOSTON  REDEV    OPMCNT.UTHOrj.V 

Cty  i-Lli  .  ...oom  oi2 

Boston,  Mass.        02201 


Form  Approved 
Budget    Bureau  No.   63-R0610 


HUD-612 
(12-67) 


U.  S.  DEPARTMENT  OF  HOUSING  AND  URBAN  DEVELOPMENT 
URBAN  RENEWAL  PROGRAM 


APPLICATION  FOR  LOAN  AND  GRANT 


IXSTRUCTIONS:    Prepare  original  and  required  copies  for  HUD-    Place 
original  in  Binder  No.  1,  copies  in  remaining  Binders. 


PROJECT    LOCALITY 

Boston,   Massachusetts 


PROJECT    NAME 

Government    Center 


PROJECT   NUMBER 

Mass.    R-35 


DATE   RECEIVED  (To  be  filled  in  by  HUD) 


nlnju 


A.    CORPORATE  NAME  OF  APPLICANT 


Boston  Redevoloptnent   Authority 


B.    TYPE  OF  APPLICATION 


pn   Temporary  Loan  and/or  Capital  Grant,  for  project  execution   (^Complete  all  blocks]^] 
I     I   Temporary  Loan,  for  early  land  acquisition    [^Leave  Blocks  D  and  E  Blank|] 


C.    SUBMISSION 

I     I  Initial  application 

|~K1  Revision  of  previously  approved  application  dated  September   28 ,  19    O"    ,  for  purpose  of: 

I      I    Change  in  project  area  boundaries  I      I    Revision  in  Relocation  Grant 

I  X|    Revision  in  Temporary  Loan  |      |    Revision  in  Rehabilitation  Grant 

I  XI    Revision  in  Project  Capital  Grant  |      |   Other  (Explain) 


D.    REPAYMENT  OF  ADVANCES 

Upon  undertaking  this  project,  the  Applicant  will  repay,  with  interest,  Title  I  advances  in  the  sums  indicated 
and  in  accordance  with  the  contract  shown  below: 


ADVANCE  CONTRACT  NUMBER 


AMOUNT  OF  CONTRACT 


AMOUNT  ADVANCED  UNDER  CONTRACT 


R-35  (A) 


264,655 


264,655 


R-45  (GN) 


^      182,300 


182,300 


E.    EXISTING  FEDERAL  AUTHORIZATIONS 

Estimated  survey  and  planning  costs  for  this  project,  in  accordance  with  the  most  recent  approved  Survey  and 


Planning  Budget  No.  _4 ,  approved  on       May   28 


..  19    63: 


S      264,655 


F.  TYPE  AND  AMOUNT  OF  FUNDS  BEING  APPLIED  FOR 


TYPE 

(Check  applicable  items) 


TOTAL  AMOUNT 


COMPLETE  ONLY  IF  REVISION 


AMOUNT  OF  CHANGE 
(+)  or  (-) 


K2  TEMPORARY  LOAN 


$  47,064,590 


(+  )  $    3,522,199 


1X1  PROJECT  CAPITAL  GRANT 

EQ   2/3  3/4  Basis: 

Basis 


$  34,429,590 


(+  )  $   3,,522,19S 


I      I    Limited  project  costs 
I      I    Municipality  with  population  of  50,000  or  less 
I      I   In  Redevelopment  Area,  municipality  with 
population  of  more  than  50,000 


□    RELOCATION  GRANT 


(        )  $ 


r^J   REHABILITATION  GRANT 


(        )  $ 


G.    PROGRAM 


Title  I  of  the  Housing  Act  of  1949, 

LiiJ  as  amended  to  date 


Title  I  of  the  Housing  Act  of  1949,  as  amended 

I — I    prior  to  the  Housing  Act  of  1954 


Previous  edition  may  be  used. 


(Over) 


/■ 


H.    CATEGORY  OF  PROJECT  ELIGIBILITY 

Enter  Roman  number  designation  as  checked  on  Form  HUD-6r20,    Summary  of  Pmjeci  Data: V_ 

If  project  is  under  "disaster  area''  provisions  of  Section  III  of  Title  I,  check  here:  |     ] 


APPLICATION 

The  x^pplicant  hereby  applies  to  the  United  States  of  America  for  the  financial  assistance  indicated  in  Block  F 
above,  under  the  provisions  of  Title  I  as  identified  in  Block  G  above,  to  aid  in  financing  the  project  described 
in  this  application. 


J.     SUPPORTING  DOCUMENTATION 

The  documentation  submitted  in  support  of  this  application  shall  be  considered  part  of  this  application. 


K.    ESTIMATED  COMPLETION  DATE  OF  PROJECT  EXECUTION  STAGE: 


Dec.    31. 


.,  19   70  ' 


(Complete  the  following  estimated  time  schedule  of  major  steps  in  executing  the  project) 


PROJECT  ACTIVITY 


NUMBER   OF   MONTHS 


TOTAL  FOR  ACTIVITY 
(o) 


FROM   CONTRACT    EXECUTION    TO 


START  OF  ACTIVITY 
(b) 


COM.  OF  ACTIVITY 
(c) 


1.  Rehabilitation  to  meet  project  completion 
requirements 


Sept.  1963 


December,  1970 


2.    Land  acquisition 


Oct.,    1961 


July,    1964 


3.   Relocation  of  site  occupants 


Nov.,    1961 


January,    1969 


4.    Demolition  and  site  clearance 


Feb..    1962 


May.    1969 


5.   Site  preparation,  including  installation 
of  project  improvements 


Dec.    1962 


Dec.    1970 


6.   Disposition  of  land  in  project  area 


March,  1963 


Dec,  1970 


7.    Financial  settlement  and  project  completion 

(After  completion  of  above  activities) 


Oct..    1961 


Dec.    1970 


L.    PROJECT  AREA  BOUNDARIES    ^ 

The  project  area  herein  described  is  the  identical  area  covered  by  the  Urban  Renewal  or  Redevelopment  Plan  as 


approved  by  the  governing  body  of  the  Local  Public  Agency  on 


June   5 , 


..  19 


63 


(Describe  boundaries  of  project  as  set  forth  in  each  Plan  and  attach  to  this  application) 


M.    EXECUTION 

IN  WITNESS  WHEREOF,  the  applicant  has  caused  this  application  to  be  executed  in  its  name,  and  its  seal  to  be 


hereunto  fixed  and  attested,  this 

CsealU 


day  of 


.  19- 


By. 


BOSTON  REDEVELOPMENT  AUTHORITY 

Corporate  Name  of  Applicant 


Signature 


DEVELOPMENT  ADMINISTRATOR 


Title 


CITY   HALL  ANNEX 


Address 


BOSTON,  ?-!ASSACKUSErfS  02108 


City,  State,  and  ZIP  Code 


Kor  an  Application  for  Early  Land  Acquisition  Loan,  enter  estimated  effective  dale  of  the  Contract  for  Loan  and  Grant  for  project  execution  activi- 
ties.   Complete  Lines  2,  3,  and  4,  and  leave  Lines  1,  5,  6,  and  7  blank. 

2    For  an  Application  for  Early  Land  Acquisition  Loan,  delete  tlie  phrase  "covered  by  the  Urban  Renewal  or  Redevelopment  plan  as  approved**  and 
insert  "described  in  the  Resolution  adopted'*. 

223a9V.P    • 


HUD-Wosh.,  0.   C. 


HUD-612  (12-67) 


V 


Paf-c 

!                                               Form  opproved             ^ 
1  of  C                                                                                                                         Budsot  Bureau  Mo.  63-R9C8.2 

HUD-6200 
(l-« 

,                    ...                   .,       .      ^                                                                            ...    .... 

U.S.  DEPARTMENT  OF  HOUSING  AND  URBAN   DEVELOPMENT 
URBAN  REtlEV^AL  PROGRAM 

PROJECT  COST  ESTIMATE  AND  FINANCING  PLAN 

PROJliCT    LOCALITY 

Boston,   Massachusetts 

PROJEIC  T  NAME 

Government   Center 

IS'STRUCTIOS'S:    Submit  original  and  a  second  signed  copy  ir.  Binder  ,Vo'.  1,  and 
copies  in  Binders  A'o.  2,  3,  4,  j,  6,  and  7. 

PROJECT   NUMBER 

Mass.    R-35 

SUBMISSION  (Check  and  complete  the'  description  which  applies) 

[    ]     ACCOMPANIES  FINAL  PROJECT  REPORT                              REVISES  PROJECT  COST 

[    ]      SUPMITTED  BY 

ESTIMATE  AND   FINANCING   PLAN 
LPA  ON                                                        ,  19 

DATED                                                                .     19                                                   b 

i]      ACCEPTED  BY 

HUD  ON     Sept .    28             ,  1966 

SECTION  A.    ESTIMATE  OF  GROSS  AtJD  IJET  PROJECT  COSTS 

LINE 
NO. 

ITEM 

TO  BE  COMPLETED  BY   LPA 

TO  BE  COMPLETED 

r     1     INITIAL 

ESTIMATE 
OR 
fVl      LATEST 
l'^     ACCEPTED 
ESTIMATE 

(a) 

REVISED 
ESTIMATE 

(b) 

BY  HUD 

ESTIMATE 

ACCEPTED 

BY  HUD 

(c) 

A-1 

ITEM  1  or  GROSS  PROJECT  COST: 

Ho, 492, 391 

U4, 014, 590 

$ 

TOTAL  PROJECT  EXPENDITURES  ffrom  Form  HUD-6220,  line  19 ) 

A-2 

ITEM  2  OF  GROSS  PROJECT  COST    (Xonca.sli  Local  Grants-in-Aid): 

-0- 

-0- 

Cash  value  of  land  donations  (from  Supporting  Schedule  1 ) 

A -3 

Demolition  and  removal  work  (from  Supporting  Schedule  2) 

2,714 

2,714 

A-4 

Project  or  site  improvements  (from  Supporting  Schedule  3) 

6,769,732 

10,175,206 

A-5 

Public  or  supporting  facilities  (from  Supporting  Schedule  4) 

■      8,793,497 

8,923,895 

A-6 

Other  noncash  local  grants-in-aid  (from  Supporting  Schedule  5) 

-0- 

-0- 

A -7 

TOTAL  NONCASH  LOCAL  GRANT.S-IN-AID 
(sum  of  lines  A-2  through  A-5) 

J 15,565,943 

J  19,101,815 

- 

A-S 

GROSS  PROJECT  COST  (ITEM  1  plus  ITEM  2)  (line  A-1  plus  A -7) 

5  56,058,334 

5  63,116,405 

$ 

A-9 

PROCEEDS  FROM  PROJECT  LAND: 

S    9,585,000 

5    9,585,000 

$ 

Sale  price  of  project  land  to  be  sold 

A-IO 

Capital  value  imputed  to  project  land  to  be  leased 

-0- 

-0- 

A-H 

Capital  value  of  project  land  to  be  retained  by  LPA 

-0- 

-0- 

A-1 2 

TOTAL  PROCEEDS  FROM  PROJ  ECT  LAND 
(sum  of  lines  A-9,  A -10,  and  A -11) 

5    9,585,000 

5    9,585,000 

s 

A-13 

NET  PROJECT  COST  (line  A-8  minus  A-12) 

^6, 473, 334 

^3, 531, 405 

$ 

A-1 4 

SHARING  OF  NET  PROJECT  COST: 

^6, 473,  334 

553, 531, 405 

$ 

Net  Project  Cost  of  this  project  (from  line  A-13) 

A-15 

Net  Project  Cost  of  other  projects  (if  any)  pooled  with 
this  project  (from  Supporting  Schedule  6)  ' 

-0- 

-0- 

A-16 

Aggregate  Net  Project  Costs  for  this  and  other  projects  (if  any) 
in  the  poo\  (line  A -14  plus  A-15)    . 

46,473,334 

53,531,405 

A-n 

Minimum  local  grants-in-aid  required  for  this  and  other  projects 
(if  any)  in  the  pool 

15,491,111 

17,843,802 

A-18 

CLcss^  Total  local  grants-in-aid  to  be  provided  for  other 
projects  (if  any)  in  the  pool 

-0- 

-0- 

A -19 

('E9/jn/s^  Minimum  local  grants-in-aid  required  for  this  project 
(line  A-n  minus  A-18) 

U5, 491, 111 

5  17,843,802 

s 

I'a^c  2  of  6 


HUD-6200 
(1-68) 


SECTION  A.    ESTIMATE  OF  GROSS  AMD  HET  PROJECT  COSTS  (Continued) 


line; 

NO. 

ITEM 

TO  BE  COMPLETED  BY   LPA 

TO  DE  COMPLETEU 
BY   MUD 

1      J  INITIAL   ESTIMATE 

OR 

K<^  LATEST  ACCEPTED 
"^^  ESTIMATE 

(a) 

o 
REVISED  ESTIMATE 

(b) 

ESTIMATE  ACCEPTED 
BY  HUD 

(c) 

.\-20 

SHAKING  or  N!;T  PROJIXT  cost:  (Continued) 

S    15,565.943 

s  19,101,815 

s 

LOCAL  GRANTS-IN-AID,  THIS  PROJl-CT: 

Noncash  local  f,cants-in-aid  (from  line, 4-7) 

A-21 

Cash  local  grants-in-aid 

-0- 

-0- 

C 

A-22 

TOTAL  LOCAL  GRANTS-IN-AID  FOR  THIS  PROJECT 
(line  A-20  plus  A-21 )  (must  be  not  less  than  A-19J 

5    15,565,943 

S   19,101,815 

s 

A-23 

PROJECT  CAPITAL  GRANT  (tine  A-l  I  minus  A-22) 

^    30,907,391    . 

^^  34,429,590 

s 

A-24 

RELOCATION  GRANT  (from  Form  UVD-6220,  line  20) 

^      3.050.000 

^    3,050,000 

s 

A-25 

REHABILITATION  GRAXT^/rom  Form  HUD-6220,  line  21) 

^          -0- 

^         -0- 

s 

A-26 

TOTAL  FEDERAL  CAPITAL  GRANT  (sum  of  lines  A-23, 
A-21,  and  A-25) 

^    33,957,391 

^  37,479,590 

$ 

SECTION  B.    SOURCES  OF  FUNDS  FOR  PROJECT  EXPENDITURES,  RELOCATION  PAYMENTS 
AND  REHABILITATION  GRANTS 


LINE 

NO. 

•  1 

TO  BE  COMPLETED  BY   LPA 

TO   BE  COMPLETED 
BY  HUD 

ITEM 

[     J  INITIAL  ESTIMATE 

OR 

r     I  LATEST  ACCEPTED 

■"estimate 

(a) 

REVISED   ESTIMATE 

(b) 

ESTIMATE   ACCEPTED 
BY -HUD 

(c) 

D-l 

Total  cash  requirements  for  project  expenditures. 
Relocation  Payments,  and   Rehabilitation  Grants 
(sum  of  lines  A-l,  A-24,  and  A-25) 

5    43,542,391 

5 47,064,590 

s 

Cash  local  grants-in-aid: 

ACTUAL  OR 

ESTIMATED 

DATE  OF  RECEIPT 

SOURCE   OF  CASH 

B-2 

S 

S 

s 

B-3 

1 

> 

* 

B-i 

B-5 

Real  estate  tax  credits  (from  Form  HUD-6220,  line  6b) 

B-6 

Total  cash  local  grants-in-aid 
(sum  of  lines  n-2  tlirougli  B-5) 

$ 

s 

s 

B-7 

Total  funds  to  be  applied  to  project  expenditures. 
Relocation  Payments,  and  Rehabilitation  Grants,  from 
short-term  borrowings  other  than  those  online  B-9  below 

s 

s 

s 

B-8 

Subtotal  (line  B-6  plus  B-7) 

s 

s 

s 

B-9 

PROJECT  TEMPORARY  LOAN  THROUGH  DIRECT  OR 
PRIVATE  FINANCING  UNDER  LOAN  AND  GRANT 
CONTRACT  C/,„c  B-l  minus  R-8) 

s    43, 542', 391 

5  47,064,590 

s 

<y' 


Page 

3  of  6 

•       HUD-6200 
(1-68) 

SECTION  C.  SOURCES  OF  FUNDS  FOR  REPAYMENT  OF  PROJECT   TEMPORARY  LOAN 

LINE 
NO. 

ITEM 

TO   BE  COMPLETED   BY    LPA 

TO  BE  COMPLETED 
BY    HUD 

r     ]     INITIAL 
■'     ESTIMATE 
OR 

r, ,      LATEST 
L' J     ACCEPTED 
ESTIMATE 

(a) 

REVISED 
ESTIMATE 

(b) 

ESTIMATE 

ACCEPTED 

BY   HUD 

(c) 

C-1 

TOT..\L  PROCEEDS  FROM  PROJECT  LAND  (from  line  A-12) 

^9,585,000 

5   9,585,000 

8 

C-2 

■ 
Project  capital  pratit  (from  line  A-23) 

30,907,391 

34,429,590 

C-3 

Relocation  Grant  (front  tine  A-24) 

3,050,000 

3,050,000 

C.-i 

[tehabililation  Grant  (from  line  A-25) 

—   m^ 

C-5 

TOTAL  (sum  of  lines  C-1  ittrough  C-4J  (The  sum  shown  on  litis 
must  be.  i-nual  to  amount  shoivn  on  line  B-9,  above) 

tine 

^43,542,391 

47,064,590 

S 

Acceptance  of  the  estimates  submitted  is  hereby  requested. 

JUL '111968                       /s/ 

'  /^y^^^  C^y^/y-^/^ " 

■     • 

Date                                                                      •^                                                   SignBlure  of  Authorized  Otficer 

BOSTON  REDEIJELOPMENT  AUTHORITY                             DE\'ELOFMENT  ADMINISTRATOR 

Local  Public  Agency 

Title 

ACCEPTANCE 
The  estimates  are  accepted  as  indicated  in  the  appropriate  column. 

« 

Dale 

Sidra 

ture 

• 

• 

Title 

Piipc  4  of  6 

.- 

HUD-620C 
(1-63 

SUPPORTING  SCHEDULES 

SCHEDULE   1.     LAND  DONATIO   'S  (Lond  Parcels  or  Lend  Interests) 

IDENTIFICATION 
(a) 

NAME  OF  DONOR 
(b) 

ESTIMATED 

CASH   VALUE 

SUBMITTED 

BY   LPA 

(c) 

TO  BE  COMPLETED 
BY  HUD 

ESTIMATED  CASH 

VALUE  ACCEPTED 

BY  HUD 

(d) 

^ 

$ 

$ 

CASH  VALUE  OF  LAND  DONATIONS  (Enter  on  line  A-2J 

$ 

$ 

SCHEDULE  2.    DEMOLITION  AND  REMOVAL  WORK—  NONCASH  LOCAL  GRANTS-IN-AID 

(Include  work  wliicli  has  been  or  will  be  provided) 

IDENTIFICATION   OF   DEMOLITION 
OR  REMOVAL  WORK  JOBS 

(a) 

NAME  OF 
PROVIDING  ENTITY 

(b) 

ESTIMATED  NET 

COST  SUBMITTED- 

BY  LPA 

(c) 

TO  BE  COMPLETED 

BY  HUD 

EStTmATED  NET 

COST  ACCEPTED 

BY   HUD 

(d) 

23-32   Howard    Street 

City   of    Boston 

$ 

2,714 

$ 

2,714 

TOTAL  DEMOLITION  AND  REMOVAL  WORK  TO  BE  CHARGED  TO  ITEM  2  OF 
GROSS  PROJECT  COST  (Enter  on  line  A-3) 

^     2,714 

^     2.714 

SCHEDULE  3.  PROJECT  OR  SITE  IMPROVEMENTS— NONCASH  LOCAL  GRANTS-IN-AID 

IDENTIFICATION 
(a) 

NAME  OF 
PROVIDING  ENTITY 

(b) 

ESTIMATE  SUBMITTED  BY   LPA 

TO  BE  COMPLETED 
BY  HUD 

TOTAL  COST 

(c) 

CHARGE  TO  project' 

ESTIMATE  ACCEPTED 
BY  HUD 

% 
(d) 

AMOUN  T 

((c)  X  (d)) 
(e) 

% 

(0 

AMOUN  T 

(6) 

Streets,    sidewalks, 
underpass,    overpass 
park,    plaza 
Traffic    Control 
Low   Service   VJater 

City   of    Boston 

II 
II 

$ 

7,910,000 

165,665 
305,800 

- 

100 

69.2 

85./; 

S 

7.910,000 

114,667 
261,200 

$ 

'  If  a  special  assessment  against  project-acquired  land  is  involved,  apply  the  percent  of  direct  benefit  to  the  project  from  the  improvement  to  its  total 
cost  and  subtract  Uom  that  amount  the  total  amount  of  the  special  assessment  against  the  project-acquired  land. 


HUD-620 

Pi.pc5of6 

(1-68 

SUPPORTING  SCHEDULES  rCon^/ViucJ; 

SCHEDULE  3.    PROJECT  OR  SITE  IMPROVEMENTS  —  NONCASH  LOCAL  GRANTS-IN-AID  (Conlinucd) 

ESTIMATE  SUBMITTED  BY   L  PA 

TO   BE  COMPLETED 

, 

ESTIMATE  ACCEPTED 

inFIMTIPIfATlOM 

NAME  OF 

CHARGE   TO  PROJECt' 

BY  HUD 

PROVIDING   ENTITY 

TOTAL  COST 

AMOUN  T 

((c)  X  (d)> 

% 

AMOUNT 

(a) 

(b) 

(c) 

(J) 

(e) 

(0 

(8) 

High   Service   V?ater 

City   of   Boston 

^       218,950        i 

;8.5 

^       193,700 

$ 

High   Pressure   Fire 

294,300 

!4.3 

248,100 

Sewers   &  Drains 

900,000 

;3.5 

751,500 

Lighting 

378,075 

14.5 

319,575. 

.  Police    Signals 

^      308,938 

^7.7 

240,198 

Fire   Alarm  Signals 

120,146 

i4.4 

101,366 

Street    Signs 

22,900 

54.1 

19,270 

Pavement  Markings 

• 

23,070 

:.7.8 

15,630 

TOTAL  PROJECT  OR  SITE  IMPROVEMENTS  TO  BE 

CHARGED  TO  ITEM  2  OF  GROSS  PROJECT  COST  (Enter 

S 

s 

on  tine  A-4)                                                                                                    t 

10,175,206 

SCHEDULE  4.    PUBLIC  OR  SUPPORTING  FACILITIES 

• 

ESTIMATE  SUBMITTED  BY   LPA 

TO   BE  COMPLETED 
BY  HUD 

ESTIMATE  ACCEPTED 

IDENTIFICATION 

NAME   OF 

CHARGE   TO  PROJECT 

BY   HUD 

PROVIDING   ENTITY 

TOTAL  COST 

AMOUNT 

% 

((c)  X   (d)) 

% 

AMOUNT 

,     (a) 

(b) 

(c) 

w 

(e) 

(f) 

(6) 

Parking  Garage 

City   of    Boston 

S, 500, 000 

100 

^  7,500,000 

s 

Fire    Station 

ti 

350,000 

^-0.3 

71,050 

Police    Station 

II 

1,400,000 

7,5 

105,000 

Off-Site  Mains 

II 

71,970 

LOO 

71,970 

Central   Artery 

Comm.    of  Mass , 

1,779,000 

34  . 5 

613,200 

MBTA  Loop 

Mass.    Baj' 
Transit   Auth. 

322,768 

30.4 

162,675 

Boundary   Streets   £•£ 

City   of   Boston 

800,000 

30 

.    400,000 

Plazas 

• 

• 

%" 

TOTAL  SUPPORTING  EACII-ITIES  TO  BE  CHARGED 
TO  PROJECT  (Enter  on  line  A-5J 

58,923,895 

$ 

If  a  special  assessment  agafnst  ptoject-acquired  land  is  involved,  apply  the  percent  of  direct  benefit  to  the  project  from  the  improvement  or  facility  to 
its  total  cost  and  subtract  from  that  amount  the  total  amount  of  the  special  assessment  against  the  project-acquired  land. 


Papo6of6 

HUD-6200 
•        (1-68 

: ^    ,  ^SUPPORTING  SCHEDULES  rCo«<iVu/c./;  .           ^ 

SCHEDULE  5.  OTHER  NONCASH  LOCAL  GRANTS-IN-AID  (Including  Sec.  112  educational  institutions  or  hnspilals;    Sec.  107(b) 
'low-rent  public  housing) 

IDENTIFICATION 
(a) 

TO   DE    COMPLETED   BY    LPA 

TO   BE    COMPLETED 

NAME   OF 

PROVIDING 

ENTITY 

(b) 

ESTIMATE 

SUBMITTED 

BY    LPA 

(c) 

BY    HUD 

ESTIMATE 

ACCEPTED 

BY    HUD 

(d) 

N.   A. 

i 

$ 

c  ■ 

s 

TOTAL  (Enter  on  line  A-6) 

s 

s 

SCHEDULE  6.  NET  PROJECT  COST  OF  OTHER  PROJECTS  POOLED  WITH  THIS  PROJECT  (From  latest  accepted 
I'orm  IIUD-6200,  line  A-13,  for  the  following  projects:) 

PROJECT   NUMBER 

(Enter  each  project  number) 
(a) 

TO    BE   COMPLETED    BY    LPA 

TO    BE    COMPLETED 

DATE   APPROVED 
BY    HUD 

(b) 

ESTIMATE 

SUBMITTED 

BY    LPA 

(c) 

BY    HUD 

ESTIMATE 

ACCEPTED 

BY    HUD 

(d) 

N.   A. 

\* 

S 

1 

S 

* 

>-- 

TOTM.  (Enter  on  line  A -15) 

8 

$ 

224279-?  Rev.  1/68 


HUD-Wosh.,  D.C. 


ATTACffi'lENT  A  TO  FORM  H-6200  -  GOVERIfi-SENT  CENTER 


Schedules  1  and  2  remain  the  same  as  those  approved  on  the  last  budget. 

Schedule  3  "Project  on-site  Improveraents  -  Non-C?Gh  Local  Grants  -in- 
Aid"  has  been  revised  to  reflect  the  increase  in  costs  of  site  improvements 
in  Government  Center.  Changes  are  based  on  more  up-to-date  engineering 
estimates.   The  net  change  in  cost  is  an  increase  of  $3,535,872  over 
estimates  in  the  most  recently  approved  budget.   The  cost  is  attributable  to 
increases  in  sewer  and  drain  installations  in  Femberton  Square  plus  increases 
in  street  and  pla^a  costs. 

Schedule  4  "Public  or  Supporting  Facilities".  This  section  remains  the 
same  as  the  previous  budget  request  (including  the  50.4%  of  the  MBTA  Loop 
pending  approval) . 
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Form  approved 
Builgct   Rurenu  No.  63—11983 


DEPARTMENT  OF  HOUSING  AND  UKBAN  DEVELOPMENT 
URBAN  RENEWAL.  PROGRAM 

PROJECT   EXPENDITURES   BUDGET 


PROJECT   LOCALITY  ' 

Boston,   Massachusetts 

PROJECT  NAME  ' 


GovcrnuiGnt    Centex" 


HUD-622( 
(l?-65] 


PROJECT  NUMBER 
McTSS.      R-35 


BUDGET  NO. 
5 


INSTRUCTIONS:       Initial    Bild;;et:       Prepare    original    and   8    copies    for   HUD.       Sub-^it    original    and   -5    copies    in   [tinder   No      1 
and   copies    in   Binders   No.     2,3.1,,     and   5..      Revised   Budget:       //    vith    cuendatory    application,     follow    "Initial    Bi'd^e  t"'  in'- 
struct  ions.      Othertiise,     siibait    original    and    <    copies    to   HUD.  ■  ».      6  . 


DATES  OF  BUDGET  APPROVALS     (Complrie  for  revision  only) 


ni.(lf;ot  No.  1 J"^y  -^ ,  19'^'^  Latest  Approved  Budget  (No._A_),  September  28 


-.19 


66 


ACTIVITY  classification' 

TO  BE  COMPLETED  BY  LPA 

TO    BE    FILLED 

USE  ONLY  FOR  REVISED  BUDGET 

BUDGET 
REQUESTED  FOR 

''            MONTHS 
(c) 

IN    BY    HUD 

LINE 
NO. 

LATEST 

APPROVED 

BUDGET 

(a) 

ADJUSTMENT 
(  +  OR   -) 

(b) 

BUDGET 
APPROVED   FOR 

MONTHS 
(d) 

1 

TOTAL  SURVEY  AND  PLANNING  EXPENDITURES 
(Includes  all  costs  incurred,  costs  estimated  to  be 
incurred,  and  interest  on  advances  to  repayment 
date)  (R  1401,  R  1403,   R  1404) 

^     512,400  " 

5          -0- 

5      512,400 

s 

•2 

PROJECT  EXECUTION  EXPENDITURES: 

.3,633,059 

(1)339,180 

3,972,239 

Administration: 

a.   Administrative,  overhead  and  services 
R  1410.01,  R  1410.09,  R  1410.16, 
J  1410.19,   R  1416) 

b.   Travel   (R  1410.05) 

-0- 

-0- 

-0- 

.3 

Office  furniture  and  equipment  (R  1475) 

-0- 

-0- 

-0- 

4 

Legal  services  (  R  1410.024,   R  1415) 

171,500 

(+)    34,000 

205,500 

5 

Survey  and  planning  (  R  1410.021,  R  1430) 

20,000 

(•1)    73,100 

93,100 

6 

Acquisition  expenses  (R  1410.022,  R  1440.02 
through  R  1440.06) 

474,600 

-0- 

474,600 

7a 

Temporary  operation  of  acquired  property- 
Profit  (-)  or  Loss  {+)    (R  1410.027,    R  1448) 

-0- 

(■^)  8 16, 000 

816,000 

7b 

Amount  included  in  Line  7a  as  real  estate  tax 
credits  (R  1448.038) 

[         -0-         ] 

[         -0-        ] 

[          -0- 

[          ] 

8 

Relocation  and  Corannmity  organization,  excluding 
Relocation  Payments  (R  1410.023,  R  1443) 

170,000 

-0- 

170,000 

0 

Site  clearance-Proceeds  (-)  or  Cost  (  +  ) 
(R  1410.025,   R  1450) 

6,672,900 

-0- 

6,672,900 

10 

Project  or  site  improvements 
(R  1410.026,    R  1455) 

663,000 

-0- 

663,000 

11 

Disposal,  lease,  retention  costs  {  R  1410.028, 
R  1445) 

44,600 

(-)    1,800 

42,800 

K 

Rehabilitation    and  conservation,   excluding 
Reh.-iliilitation  Grants  (R  1410.029,   R  1460) 

-0- 

-0- 

-0- 

13 

Interest  (R  1420.013,  R  1420.02) 

2,513,990 

(■!-) 

1,070,500- 

3,584,490 

14 

Other  income  (-)  (R  1449) 

^"^517,700     . 

(••)155,000- 

^"^672,700 

(-) 

For  a  project  on  a  thrGc-fourlhs  Ci^pital  era,,!  basis  with  limited  project  costs,  entr-r  zero  on  Lines  1  throuch  7b. 


Pace 
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KUD-622; 
(12-65 

ACTIVITY  CLASSIFICATION 

TO  BE  COMPLETED  BY  LPA 

TO    Bt    FILLED 

USE  ONLY  FOR  REVISED  tlUDGET 

BUDGET 
REQUESTED  FOR 

''        MONTHS 
(c) 

IN    BY    HUD 

LINE 
WO. 

L  ATEST 

APPROV  EO 

BUDGET 

(a) 

ADJUST  MEN  T 
(1    or  -) 

(b) 

BUDGET 
APPROVED  FOR 

MONTHS 

(d) 

15 

SulUolal  (surn  of  Lines  2  through  14, 
excluding  Line  7b) 

*1 3, 845, 949 

^   2,175,980 

^16,021,929 

S 

16 

Contingencies  ^/or  Column  (c),  not  to  exceed 
15%  of  Line  15) 

280,000 

f-)      80,000 

200,000 

17 

Heal  estate  purchases  (R  M'JO.Ol) 

25,600,000 

(-I-)    1,400,000 

27.000,000 

IB 

Project  inspection  (R  1418) 

254.042 

K-'r)            26.219 

280.261 

19 

TOTAL  PROJECT  EXECUTION  EXPENDITURES 
(sum  of  Lines  15,  16,  17,  "nd  18) 

39,979,991 

(-!•)    3.522.i99 

43,502.190 

20 

TOTAL  PROJECT  EXPENllITURES  (ITEM  1  OF 
GROSS  PROJECT  COST)  (Line  1  plus  19  ) 

40_^492^391 

3.522.199 

44.014,590 

8 

21 

Relocation  Payments  100%  reimbursable  to  Ll^A 
(R  1501) 

^  3,050,000 

^           .0- 

^  3,050,000 

S 

22 

Rehabilitation  Grants  100%  reimbursable  to  LPA 
(R  1502) 

S 

-0~ 

^'           -0- 

'        -0- 

S 

Approval  of  the  Project  Expenditures  Budget  in  the  amounts  and  for  the  time  period  shown  in  Column  (c)  is  hereby 
requested. 


JUL  1 1  1968 


Date 


BOSTON  REDEVELOFIIEKT  AUTRORITY 

Local  Public  Agency 
y  Signature  of  Authorized  Officer 

DEVELOE'IENT  ADMINISTRATOR 


Title 


nUD  APPROVAL 

The  Project  Expenditures  Budget  is  hereby  approved  in  the  amounts  and  for  the  time  period  shown  in  Column  (d). 
The  project  shall  be  completed  by ,    19 . 


Date 


Signatrre 


Title 
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SUPPORTING  SCHEDULE. 


(12-6S) 


PROJECT  OR  SITE  IMPROVEMENTS  CHARGED  AS  PROJECT  EXPENDITURES 


IDENTIFICATION 


TO    BE  COMPLETED    BY  LPA 


TOTAL  COST 


CHARGE  TO  PROJECT 


TO    BE    FILLED 
IN    BY    HUD 


1.  Pvough  Gr.5ding 

2.  Removal   and   backfill   of  streets 

and   sidewalks 

3.  Site  Preparation,  Contract 

No.  1  New  Sudbury  Street  Paving, 
(See  HIIFA  approval  letter  of 
November  18,  1965,  Funds 
transferred  from  No.  2  above. 
Change  to  Item  II  relected  in 
attached  Form  11-6200) 

A.   Excavation  and  Demolition  of 
Cornhill  Subway  to  build 
underground  service  roadvjay. 
Site  Preparation  Contract 
No.  2 


TOTAL  PROJECT  OR  SITK  IMPROVEMENTS  TO  BE 
CHARGED  TO  ITEM   1  OF  GROSS  PROJECT  COST 


102,500 

43,590 
116,910 


400,000 


100 


1  00 


ICO 


100 


102,500 


43,590 
116,910 


400,000 


663,000 


<L 


Page  1  rtf  4 


!"orni  Approved 
Budget  Bureau  No.  63-1(922.1 


DEPAUIMKNT  OF  HOUSING  AND  L'HDAN  DKVKLOPMKNT 
URBAN  RENIOWAL  I'HOGIIAM 

DATA  SUPPORTING  PROJECT  EXPENDITURES  BUDGET 


I^'STRUCT]ONS:  Prepare  original  and  4  copies  for  HUD.  If  pari  of  an  initial  or 
amendatory  application,  submit  original  in  Binder  A'o.  I,  copies  in  Binders  Ncf.  2,  3,  4, 
and  5.  If  not  part  of  an  application,  do  not  submit  in  binders. 


IIUD-6121 

(i2-6r.) 


PROJECT   LOCALITY 

Boston,  Massachusetts 


PROJECT  NAME 


Government  Center 


PROJECT  NUMBER 

Mass.    R-3  5 


Accompanies  Form   UUD-6220  dated 


,    19 


ACCOUNT 
NUMBER 


EXPLANATION 


AMOUNT 

CHARGEABLE 

TO  BUDGET 


LINE 
TOTAL- 

(b) 


R  MOl; 
H  M03; 
R  MO  4 


SURVEY  AND  PLANNING  EXPE.ND1TURES 


Total  estimated  survey  and  planning  costs  otiier  than  interest 


S   512,400 


R  1420.011; 
R  1420.012 


Interest  on  Federal  advances 


R  1420.0  2 


Interest  on  other  horrowed  funds 


LINE  1  TOTAL 


.?     512,400 


ADMINISTRATION 

OFFICE  FURNITURE  AND  EQUIPMENT 

LEGAL  SERVICES 


Entries  on  these  lines  of  Form  HUD-6220  shall   be  supported  by  a  narrative  statement  explaining  the 
cost  estimates  and  the  basis  of  any  proration  of  the  costs  to  this  project. 


SURVEY  AND  PLANNING 


Attacli  a  narrative  statement  describing  the  nature  of  the  survey  and  planning  work,  including  reference 
to  any  previous  HHFA  or  HUD  approval   for  sucli  work   in  the  project  execution  stage. 


$    93.100 


R  1410.022 


R  1440.02 


R  1410.03 


R  1440.04 


R  1440.05 


R  1440.06 


R  1410.027 


R  1448.01 


ACQUISITION  EXPENSES 


LFA  salaries  and  wages  -  Acquisition  (from  Form  HUD-630) 


Contracts  for  acquisition  appraisals 


Option  negotiations 


Title  information 


Sundry  acquisition  costs  -  Direct  Purchase 


Sundry  acquisition  costs  -  Condemnation 


LINE  6  TOTAL 


TEMPORARY  OPERATION  OF  ACQUIRED  PROPERTY 


LFA  salaries  and  wages-  Management  (from  Form  HUD-630) 


Cross  income  from  temporary  operation 


CLASS  OF 
L  EESEE 


Residential 


Commetcia! 


Industrial 


Instilutionnl 


Total    Ea 


± 


NO.  OF 
PROP- 
ERTI  ES 


450 


1,000 


rned    In 


Less  Ren;  Write--Offs 


AVER  AG  E 
RENTAL 


40 


305 


20,200 


loni'; 


UNIT    MOS. 
O  F  M  GM  T. 


1,800 


^-1443. 


TOTAL 
INCOME 


72,00C 


6, 180, 00 C 


173,000 


35,000 


112,000 


30,000 


12A,600 


S  474,600 


6,202,000 


$6,252,000 


04  $50,000 


•  For  a  project  on  a  th- <;c-fourths  capital  grant  basis  with  limited  project  costs,  enter  7cro  on  lines  1,  5,  6,  and  7a. 


I'agc  2  of 

■1 

HUD-6121 
(12-65) 

HUD- 
6220 
LINE 

NO. 

ACCOUNT 
NUMBER 

EXPLAN Al  ION 

AMOUNT 

CHARGEABLE 

TO  BUDGET 

(n) 

LINE 
TOTAL- 

(b) 

7  a 
(Cont'd) 

K  1418.031; 
U   1418.032; 
li  Mi8.033; 
11  1448.035 

TEMPORARY  OPERATION  OF  ACQUIF^ED  PROPERTY  (Cont'd.) 

S 1,800,000 

Repairs  and  normal  maintenance;  janitorial  wages  and 
supplies  and  watchmen  wages;  fuel,  light,  power;  sewerage 
and  water  rentals 

K  1448.034 

Insurance 

175,000 

11  1418.036 

Real  estate  tax  payments 

5.000.000 

U  1448.037 

Management  contracts 

36,000 

R  1448.038 

Charges  in  lieu  of  real  estate  taxes 

—  ~. 

R  1148.039 

Temporary  on-site  moves 

7,000 

LINE  7a  TOTAL  (R1448.01  minus  other  amounts;  if  income  exceeds 
costs,  show  as  minus  amount) 

S           816,000 

8 

R  1410.023 

RELOCATION  AND  COMUUNITY  ORGANIZATION, 
EXCLUDING  RELOCATION  PAYMENTS" 

8 

LPA  salaries  and  wages  -  Relocation  (from  Form  HUD-630) 

LFA  salaries  and  wages  -  Community  Organization  (from  Form 
IlUD-630) 

R  1443.01 

Contracts  for  relocation  planning  and  execution 

170.000 

Contracts  for  community  organization  services 

_» 

Attacli  a  narrative  statement  giving  tlie  sources  and  basis  of  estimates  for  community  organization  costs. 

LINE  8  TOTAL 

S        170,000 

9 

R  1410.025 

SITE  CLEARANCE 

s 

LPA  salaries  and  wages  -  Site  Clearance  (from  Form  llUD-630) 

R  1450 

Contracts  for  preparation  of  contract  documents 

— 

Net  cost  (  +  )  or  proceeds  (-)  of  site  clearance  work,  exclusive  of 
above  amounts 

^+^5,672,900 

Building.s  and  other  structures 

^^^^1,  861,  000 

Sidewalks  and  pavements 

(     ) 

Capping  of  utility  lines 

(     ) 

MBTA   Relocation 

(+)           41,200 

II                      II 

ft-  )   4,770.700 

(Minus)  Total  credits  for  salvage  and 
structures  sold,  if  work  will  be  done  by  LPA 
force  account  or  if  such  credits  arc  calculated 
separately  for  contract  work 

(-) 

Site  clearance  work  will  be  performed  by 

Q  ^  LPA  force  account                  [X]  Contract 

Attncli  a  narrative  statement  giving  the  sources  and  basis  of  estimates,  including  identification  of  any 
work  involving  unusually  high  costs. 

. 

LINKO    TOTAL                      j:->;;-;V--V    ---^^^ 

5  6,672,900 

For  a  project  on  a  ihrcc-fourlhs  capilz:]  crant  basis  with  limitrd  projcnl  costs,  ruler  zero  on  line  7a. 


c 
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(12- 

11 UD- 
NO. 

ACCOUNT 
NUMBER 

EXPLANATION 

AMOUNT 

CHARGEABLE 

TO  DUDGET 

(a) 

LINE 
TOTAL 

(b) 

1  ! 

11  1410.0  26 

PROJECTIMPROVEMENTS 

s 

LPA  salaries  and  wages  -  Project  Improvement s^/rom  form  HUD-030) 

11  1455 

Contracts  for  preparation  of  contract  documents 

.      _.. 

Project  Improvements  (from  Form  fJUD-6220,  Supporting  Schedule) 

663.000 

Auacli  a  nairalive  statement  giving  the  sources  and  basis  of  estimates  of  project  improvements,  or 
referring  to  such  data  in  the  accompanying  Project  Improvements  Report. 

LINE  10  TOTAL 

S      663,00 

11 

ii  1410.028 

DISPOSAL,  LEASE,  RETENTION  COSTS 

S 

LPA  salaries  and  wages  -  Disposition  (from  Form  HUD-63Q) 

R  M45.01 

Disposition  appraisals,  boundary  surveys,  and  maps 

14,500 

U  1445.02 

Commissions  and  fees 

R  1445.03 

Sundry  disposition  costs 

23,3_00__ 

LINE  1 1  TOTy\L 

S        42,80 

li  1410.0  29 

REHABILITATION  AND  CONSERVATION, 
EXCLUDING  REHABILITATION  GRANTS 

s 

LPA  sidaries  and  v.ages  -  Rehabilitation  and  Conservation 
(from  Form  IWD-630} 

l\  1460 

Contracts  for  technical  and  administrative  services  for  rehabilitation 
and  conservation  program 

-Q- 

Attach  a  narrative  statement  piving  the  sources  and  basis  of  estimates  of  the  above  amounts. 

LINE  12  TOTAL  . 

s          _o- 

13 

INTEREST 

Attach  a  narrative  statement  giving  the  sources  and  basis  of  estimates  of  interest  costs. 

11 

li  1449 

OTHER  INCOME 

Source  of  LPA  income  other  than  covered  in  Line  7a  or  9 

• 

^672,700 

• 

LINE  14  TOTAL 

S     672, 70( 

17 

■   v:;:::-;:i^:;x:Kg;;;K;-;  ■ - 

REAL  ESTATE  PURCHASES 

.Attach  a  narrative  statement  giving  a  justification  for  the  estimate  for  real  estate  purchases,  including 
reference  to  appraisal  reports  and  breakdown  of  estimated  acquisition  cost  showing  separately  estimates 
for  project  land  and  compensation  for  consequential  damage,  if  any,  to.  real  or  personal  properly  that  is    ■ 
not  to  be  acquired.  Also  include  a  schedule  showing,  on  a  quarterly  basis,  the  proposed  land  acquisition 
activity  for  each  segment  of  the  project. 

1 
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HUD-6121 

(12-55) 


Hun- 

6220 
LIME 

NO. 


ACCOUNT 
NUMBER 


EXPLANATION 


AMOUNT 

CHARGEABLE 

TO  BUDGET 

(a) 


LINE 
TOTAL 

(10 


21 


n  1  r>o  1 


RELOCATION  PAYMENTS  100%  REIMBURSABLE  TO  LPA 


TYPE  OF  PAYMENT   AND 
CLASS  OF   PAYEE 


TOTAL  MOVING  EXPKNSES  AND 
ACTUAL  DIIIECT  LOSS  OK  PROPCIiTY 


b.  Individuals 


c.  Families 


'  d.  Business  concerns 


c.  TOTAL  SETTLEMENT  COSTS  AND 
RELATED  CHARGES 


f.    Individuals 


g.  Families 


h.  Business  concerns 


i.  TOTAL  RELOCATION  ADJUSTMENT 
PAYMENTS 


j.    Elderly  individuals 


k.  Families 


1.  TOTAL  SMALL  BUSINESS 
DISPLACEMENT  PAYMENTS 


ESTIMATED 
NUMDER  TO  RE- 
CEIVE PAYMENTS 


100 


350 


830 


40 
35 


ESTIMATED 

AVERAGE 

AMOUNT 


90 


3<J55_ 


i,bUO 
2,500 


LINE  21  TOTAL  (a  i   e  i  i  ■^  I) 


ESTIMATED 

TOTAL 
PAYMENTS 


500 


31,500 


2,868,000 


"5070  OCT 
90,000 


s  3,050,00C 


*  Has  LPA  elected  to  make  payments  for  moving  expenses  in  excess  of  $25,000? 
[59  YES  CI]  NO 

If  Yes:  A.  Eptimatcd  number  of  business  concerns  to 

receive  payment  in  excess  of  $25,000:  1 


B.  Estimated  total  amount  of  moving 
expenses  in  excess  of  £25,000: 


s       14.000 


C.  Portion  of  line  13  amount  to  be  paid  with 

Federal  relocation  grant  and  included  q-     q  -^ .^ 

in  line  e  amount  above:  $  ' 


1).  Portion  of  line  B  amount  to  be  paid 
out  of  nonproject  funds: 


s         4,667 


22 


R  150  2 


REHABILITATION  GRANTS  100%  REIMBURSABLE  TO  LPA 


a.  Total  number  of  owner-occupied, one-  ortwo-faniily  residential  properties 
which  are  lo  be  rehabilitated  in  accordance  with  objectives  of  Urban  Renewal 
Plan 


b.  Estimated  number  of  such  properties  for  which  a  Rehabilitation  Grant  will 
be  made 


c.  Estimated  average  amount  of  Rehabilitation  Grant 


LINE  22  TOTAL  (line  b  X  line  c) 


N.A, 


^        N.A. 


GPO    90  1-092 


-1- 

NARRATIVE  SUPPORTING  GOVERNMENT  CE'^TER  PROJECT 
EXPE'SIDITURE  BUDGET  F0RI4  H-6121 


The  total  Project  Expenditures  Budget  for  the  Government 
Center  Urban  Renewal  Project,  Mass.  R-35,  is  currently  approved 
in  the  amount  of  $40,492,391.   The  Relocation  Grant  is  approved 
in  the  amount  of  $3,050,000. 

It  is  estimated  that  an  additional  sum  of  $3,522,199  will 
be  reqviired  to  carry  the  project  through  to  completion.   The 
completion  date  is  estimated  to  be  December  31,  1970.   The 
total  Project  Expenditure  Budget  will  be  increased  to  $44,014,590, 

The  Relocation  Grant  will  be  adequate  to  our  needs. 

Outlined  below  is  an  explanation  and  justification  of 
projected  costs: 


J.tne  2a  -  Administration 

Approved  Budget  $3,633,059 

Expanditures     $3,K'8,750 
Encumbrances     ,  .  .  -0- _ijJi^tZ5£ 

Balance  483,209 

Additional  Budget  Requested     __339j^80 
Total  Budget  Requested         ^$.3,,.9I2^2.39 

Line  2a  is  computed  on  10%  of  the  total  of  liucr;  h   through  13  and  line   . 
17  (3,391,800  X  10%). 

Line  4  -  I^Rfll  Services 

Approved  Budget  $171,500 

Expenditures     $179,800 
Encumbrances      ..15 ,300        195, 100 

Overrun  (-)  23,600 

Additional  Budget  Requested     ^ 34.'il9^ 

Total  Budget  Requested         ^Mx"!^, 

Tiie  present  budget  allo;;s  $171,500  for  legal  services.  Of  this  amount, 
$66,000  v;as  for  general  legal  consultants,  $101,500  for  legal  services  for 
acquisition  "Condemnation  cases  and  $4,000  for  operation  of  acquired  property. 

The  budget  for  general  legal  consultants  has  proven  to  be  inadequate. 
The  project  has  incurred  costs  to  date  of  $96,000  and  an  additional  estimated 
$2,000  will  be  required  to  complete  the  project.   Legal  services  for  acquisition 
condemnation  cases  are  running  v?ithin  budget.  Costs  for  legal  expanses  for 
operation  of  acquired  property  to  date  are  $5,000;  and  an  additional  $1,000  is 
requested  to  couipletc  the  project. 

Budget    Expanded  .   Additional    £S3Hi££l 

General  I^gal      $  66,000  $96,000       $2,000      $32,000 
Acq.  Condein,        101,500 

Oper.  of  Prop.       4,000  5,000       1,000  .    _Jj,i^ 

$r7T','500  $34,000 
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The  net  cost  projection  for  legal  services  is  $205,000, 

Lino  5  -  Survey  and  Plannin?^ 

Approved  Budget  $20,000 

Expenditures      $^t9,200 
Encuabrances       4,500         53,700 


Overrun  (-)  33,700 

Additional  Budget  Requested      _73  Ji^O 
Total  Budget  Requested  i0.TlOO 

On  the  last  budget  revision,  a  sum  of  $19,600  V7as  transferred  from  Line  5 

to  Line  11.  Funds  transferred  to  cover  costs  of  2  contracts  included  in  this 

transfer  are: 

1)  Barton-Aschman  -  (Traffic  Study) 
Dsccniber,  1962  -  $2,100 
Approved  by  lUlFA 

2)  Heredith  &  Grei;  (Real  Estate 
Acquisition  consultants)  July  23,  1962 
$12,000.  Approved  by  HHFA. 

These  are  both  multi-project  Survey  and  Planning  contracts  and  the 

Governmant  Center  project  share  is  the  figure  used  in  our  budget.  We  therefore 

to  Line  5 
request  that  a  sum  of  $14,100  be  transferred  back/from  Line  11, 
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One  additional  contract  has  been  executed  since  the  last  revision: 

1)   Kallmann,  McKinnell,  Campbell,  Aldrich  &  Nulty  (Street 

Furniture  Consultant)  Original  contract  amount  $40,000 

approved  by  HUD  October  28,  1966  plus  revision  in  the 
amount  of  $12,000  pending  approval. 

It  is  requested  that  funds  be  transferred  from  contingencies 
to  cover  these  contracts.   In  addition  an  estimated  $7,000 'will  be 
required  to  complete  the  project.   It  is  requested  that  this  amount 
be  transferred  from  contingencies. 

The  total  additional  amount  is  $73,100  with  $14,100  transferred 
from  Line  11  and  $59,000  transferred  from  Line  16  of  the  budget. 
Line  6  -  Acquisition  Expenses 


Approved  Budget 
Expe  nd  i  t u  r  e  s 
Encumbrances 


$464,900 
3,800 


$474, 
468, 

,600 
,700 

5, 

,900 
-0- 

$474, 

,600 

Balance 
Additional  Budget  Requested 
Total  Budget  Requested 

The  total  budgeted  figure  for  Acquisition  Expenses  is  expected 
to  be  adequate  to  complete  the  project.  '      »  ' 

On  the  latest  budget  revision  $12,000  v/as  transferred  to  this  line 
from  Line  5  pending  documentation.   This  amount  was  for  expenditures 
for  the  Whitman  &  Howard  contract  dated  11/1/62  and  amended 
3/11/63  (approved  by  HHFA)   for  engineering  consulting  services.   The 
total  contract  amount  was  $21,100  and  is  within  the  approved  budget 
figure. 


c 
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Line  7a  -  Temporary  Operatioi:i  of  Acquired  Property 

Approved  Budget  $  -  0  - 

Expenditures  $378,500 

Encumbrances  -0-  $378, 500 

Overrun         "  (-) 378, 500 

Additional  Budget  Requested  816, 000 

Total  Budget  Requested  $816, 000 

The  last  budget  revision  pared  this  item'  to  the  bone.   It  was 

assumed,  that  the  rental  income  v/ould  su.pport  the  expenses  incurred 

for  the  remainder  of  the  project.   This  proved  to  be  a  mistake; 

income  is  not  as  great  as  predicted  and  expenses  have  been  greater, 

giving  an  overrun  of  approximately  $400,000  to  date.   This  is  due 

to  the  fact  that  in  some  cases  buildings  were  vacated  sooner  than 

anticipated  (cutting  rent  income)  and  demolition  has  been  somewhat 

behind  schedule  (leaving  unoccupied  buildings  standing  that  incur 

costs  of  maintenance) .   Early  in  196S,  the  major  buildings  will  be 

demolished  and  cost  requirements  will  cease.   It  is  anticipated  ■ 

> 

that  an  additional  $316, 060  v;ill  be  required  to  carry  the  project 

through.   This  extension  beyond  the  original  completion  date  will 
also  require  an  additional  $500,000  in  P.I.L.O.T.   This  will 
result  in  a  net  increase  of  $816,000. 


Line  8  -  Relocation  Contracts 


Approved  Budget  $170,000 
Expenditures          $168,000 

Encumbrances             -0-  168 ,000 

Balance  .  2,000 

Additional  Budget  Requested  -0- 

Total  Budget  Requested  $170,000 


No  Change 
Line  9  -  Site  Clearances 


Approved  Budget      '  $5,672,900 
Expenditures          $5,520,000 

Encumbrances  358,000  5,878,000 

Balance  7  94,900 

Additional  Budget  Requested  -0- 

Total  Budget  Requested  $6,672,900 


No  Change 
Line  10  -  Project  Improvements 


Approved  Budget                  •  .  •  ,    $663,000 
Expenditures            $600,600 

Encumbrances              15.000  615,600 

Balance  47,400 

Additional  Budget  Requested  -0- 

Total  Budget  Requested  $663,000 


No  Change 
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Line  11  -  Disposal,  Lease,  Retention  Costs 

Approved  Budget         .  $44,600 

Expenditures        $42,400 
Encumbrances ^400  42,800 

Balance  1,800 

Net  Reduction  in  Budget  (see  belov/)    (-)    1,800 
Total  Budget  Requested  $42,800 

On  the  latest  approved  budget,  the  amount  of  $19,600"V7as 
transferred  to  this  line  from  Line  5.   It  is  requested  that  $14,100 
be  transferred  back  -  See  Line  5  explanation  above. 

$3,000  of  this  reserve  amount  should  be  applied  against  the 
Larry  Smith  Transient  Housing  Study  Contract  approved  by  HUD  on 
October  14,  19S4, 

This  will  leave  an  approved  budget  of  $30,500.   Howevei",  to 

date  $42,760  has  been  expended  which  leaves  an  overrun  of  $12,300. 

It  is  therefore  requested  that  $12,300  additional  be  transferred 

from  contingencies  to  cover  this  amount. 

Line  12  -  Rehabilitation 

Approved  Budget  '      >     -0- 

Expenditur'es  -0- 

Encumbrances  -0-  -0- 


Balance  •        -0- 

Additional  Budget  Requested  -0- 


Total  Budget  Requested  •        ^^O- 

No  Change       .  . 


Line  13  -  Interest 

Approved  Budget  $2,513,990 

Expenditures        $2,568,450 
Encumbrances        -0--^  $2,568  450 

0\'errun  .       (-)    54,460 

Additional  Budget  Requested  1,070,500 

Total  Budget  Requested  j$3,.534.490 

The  last  budget  revision  proved  to  be  inadequate  to  project  needs. 
Tliere  is  currently  an  overrun  in  our  accounts  of  approximately  $54,000. 
rtiis  is  due  to  several  factors;  first  our  total  loan  notes  are  running 
higher  than  v;e  anticipated  ($5,000,000  budgeted  and  $11,175,000  actual); 
second,  the  interest  rates  are  higher  than  anticipated  (3.0%  budgeted  and 
3,3%  actual)  . 

In  addition  to  the  overrun  the  extended  period  of  the  project  will 
increase  the  future  needs.  Additional  needs  are  sumtnarixed  as  follov;s: 
Month  Year 
Present  Overrun 


Sept,  1968 

Sept.  1968 

Sept.  1969 

Sept.  1970 


Na-w 

Outstanding 

Time 

Rate 

$ 

/imount 
54,500 

ding   Until 

$11,175,000 

8  mos , 

3.3 

246,000 

10,000,000 

10,000,000 

12  mos . 

4.0 

400,000 

8,000,000 

8,000,000 

12  mos . 

4.0 

320,000 

5,000,000 

5,000,000 

3  mos  , 

4.0 

50,000 

$1 

,070,500 

Line  14  -  Other  Income 

Approved  Budget  ($517,700) 

Income  to  date  ($672,000) 

Encumbrances  -0-               ($672,000) 

Balance  ($154,300) 

Additional  Income  Anticipated                 ($155,000) 

Total  Budget  Requested  "($672 ,To^)" 


« 
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Present  income  in  invested  funds  has  exceeded  the  budgeted 
amount  by  approximately  $155,000. 

It  is  not  expected  that  a  significant  amount  will  be  available 

for  investment  in  the  future. 

Line  16  -  Contingencies 

Approved  Budget  .     $280,000 

Expenditures  -0- 

Encumbrances  -0-  -0- 

Balance  $280,000 

Additional  Budget  Requested  (-)  80,000 

Total  Budget  Requested  $200,000 

It  is  requested  that  a  minimum  of  $200,000  of  the  remaining 

budgeted  funds  for  contingencies  be  retained.   This  reduction 

covers  the  transfers  discussed  above. 

Line  17  -  Real  Estate  Purchases 

Approved  Budget  $25,600,000 

Expenditures       $25,748,000 
Encumbrances  -0-  25, 748,000 

Overrun  (-)    148,000 

Additional  Budget  Requested  1,400,000 

Total  Budget  Requested  $27,000,000 

The  total  cost  to  settle  real  estate  purchases  to  date  has 

been  $25,750,000.  Staff  estimates,  based  on  past  Government  Center 

court  settlements,  indicate  an  additional  cost  of  $1,250,000  or  a 

total  cost  of  $27,000,000. 
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Line  18  -   Project  Inspection 

Approved  Budget                          $254,042 
Expenditures       -0- 
Encuinbrances       -0-  -0- 

Balance  $254,042 

Additional  Budget  Requested  26.219 

Total  Budget  Requested  $^8o7261 

Estimated  project  inspection  fee  (0.757o  of  the 

increase  of  Lines  15,  16,  17,  and  21). 

(3,495,930  X  0.75  =  26,219) 

Line  21  -  Relocation  Payments 

Approved  Budget  $3,050,000 

Expenditures       $2,782,100  ' 
Encurnbrsnces       -O-  ;  2,782, 100 

Balance  257,900 

Additional  Budget  Requested  -0- 

Total  Budget  Requested  j3^ 030^, OOP 

No  Change 

Line  22  -•  Rehabilitation  Grants 

Not  applicable 


RESOLUTION  OF  BOSTON  REDEVEL0H4ENT  AUTHORITY  AUTHORIZING  FILING  OF 
AI'iENDATORY  APPLICATION  FOR  LOAN  AND  CAPITAL  GRANT  FOR  PROJECT  NO. 

MASS.  R-35 


WHEEIEAS,  the  Ecston  Redevelopment  Authority  is  party  to  a  Loan  and 
Capital  Grant  Contract  \-?ith  the  United  States  dated  July  23,  1964,  as 
amended; 

WHEI\EAS,  it  is  necessary  and  in  the  public  interest  for  purposes  of 
Project  No.  U-35  described  in  said  contract  (hereinafter  referred  to  as 
the  "Project"),  that  said  Loan  end  Capital  Grant  ba  increased  to  provide 
for  additional  loan  and  grant  assistance; 

WlffiPvEAS,  Title  VI  of  the  Civil  Rights  Act  of  15o4,  and  that  regulations 
of  the  Housing  and  Honia  Finance  Agency  effectuating  that  Title,  provide  that 
no  person  shall,  on  the  ground  of  race,  color,  or  national  origin,  be 
excluded  frora  participation  in,  be  denied  the  benefits  of,  or  be  subjected 
to  discrimination  in  the  undertaking  and  carrying  out  of  urban  ren8V7al 
projects  assisted  under  Title  1   of  the  Housing  Act  of  1949,  as  amended; 

NOW,  THEREFORE,  BE  IT  RESOL\'ED  BY  THE  BOSTON  PvBDEVELOPKENT  AUTHORITY: 

1.  That  an  application  to  amend  the  Loan  and  Grant  Contract  No. 
Mass.  R~35,  dated  July  23,  1934,  for  the  purpose  of  seeking  an  increase 

of  the  Project  Temporary  Loan  from  $43,542,391  to  $47,054,590;  and  increase 
of  the  Project  Capital  Grant  from  $30,907,391  to  $34,429,590  is  hereby 
approved,  and  that  the  Development  Adtjiinistrator  is  hereby  authorized,  for 
and  on  behalf  of  the  Authority,  to  execute  and  file  such  Amendatory  Application 
with  the  Department  of  Housing  and  Urban  Development ,' and  to  provide  such 
additional  information  and  furnish  such  documents  as  may  be  required  by  said 
Department . 

2,  That  the  United  States  of  Ar.-isrica  and  the  Housing  and  Home  Finance 
Administrator  be,  and  they  hereby  are,  assured  of  full  compliance  by  the 
Authority  uith  regulations  effectuating  Title  VI  of  the  Civil  Rights  Act  of 
1964. 


( 
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.  CERTIFICATE  OF  VOTE 


The  undersigned  hereby  certifies  as  follows: 

Assistamt 

(1)  That  he  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  That  the  following  is  a  true  and  correct  copy  of  a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on Jttne  27,   1968 

and  duly  recorded  in  this  office: 

Copies  of  a  memorandum  dated  June  27,  1963  were  distributed  re 
Government  Center  Project  ^ylass.  R-35,  Application  for  Amendatory  Lioan 
and  Grant  Contract,   attached  to  which  were  copies  of  a  Eesolution,   an  Applica- 
tion for  Loan  and  Grant,   Project  Cost  Estimate  and  Financing  Plan,  Project 
£3q>enditureB  Budget,   and  a  Narrative. 

A  Resolution  entitled:     Resolution  of  Boston  Redevelopment  Authority 
Authorir.ing  Filing  of  Amendatory  Application  for  Loan  and  Capital  Grant  for 
Project  No.  Mass.  R»35"  was  introduced,   read  and  considered. 

On  motion  duly  made  and  seconded,  it  was  unanimously 

VOTED:  to  adopt  the  Resolution  as  read  and  considered. 

The  aforementioned  Resolution  is  filed  in  the  Document  Book  of  the 
Authority  as  Document  No.      HOI        . 


CERTIFICATE  OF  VOTE 

The  undersigned  hereby  certifies  as  follows: 

Assistant 

(1)  That  he  is  the  duly  qualified  and  acting  Secretary  of  the  Boston 
Redevelopment  Authority,  hereinafter  called  the  Authority,  and  the  keeper  of 
the  records,    including  the  journal  of  proceedings  of  the  Authority. 

(2)  That  the  following  is  a  true  and  correct  copy  of  a  vote  as  finally 

adopted  at  a  meeting  of  the  Authority  held  on June  27,   1963 

and  duly  recorded  in  this  office: 

Copies  of  a  memorandum  dated  June  27,  1963  were  distributed  re 
Government  Center  Project  Mass.  R-35,  Application  for  Amendatory  I<oan 
and  Grant  Contract,   attached  to  which  were  copies  of  a  Fesolution,   an  Applica- 
tion for  I'Oan  and  Grant,  Project  Cost  Estimate  and  Financing  Plan,  Project 
Expenditures  Budget,  and  a  Narrative. 

A  Fesolution  entitled:    'Resolution  of  Boston  Redevelopment  Authority 
Authorizing  Filing  of  Amendatory  Application  for  Loan  and  Capital  Grant  for 
Project  No.  Mass.  R-35"  was  introduced,  read  and  considered. 

On  miotion  duly  made  and  seconded,  it  was  unanimously 

VOTED:  to  adopt  the  Resolution  as  read  and  considered. 

The  aforementioned  Resolution  is  filed  in  the  Document  Book  of  the 
Authority  as  Document  No.      i-1-01-        . 
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(3)  That  said  meeting  was  duly  convened  and  held  in  all  respects  in 
accordance  with  law,    and  to  the  extent  required  by  law,    due  and  proper  notice 
of  such  meeting  was  given;  that  a  legal  quorum  was  present  throughout  the 
meeting,    and  a  legally  sufficient  number  of  members  of  the  Authority  voted  in 

a  proper  manner  and  all  other  requirements  and  proceedings  under  law  incident 
to  the  proper  adoption  or  the  passage  of  said  vote  have  been  duly  fulfilled,    carried 
out  and  otherwise  observed. 

(4)  That  the Resolution 

to  which  this  certificate  is  attached  is  in  substantially  the  form  as  that  presented 
to  said  meeting. 

(5)  That  if  an  impression  of  the  seal  has  been  affixed  below,  it  con- 
stitutes the  official  seal  of  the  Boston  Redevelopment  Authority  and  this  certifi- 
cate is  hereby  executed  under  such  official  seal. 

Development  Administrator 

(6)  That  Hale  Champion -g  ^.^e         /       CXSXrmmi  of  this  Authority. 

(7)  That  the  undersigned  is  dvily  authorized  to  execute  this  certificate. 

IN  WITNESS  WHEREOF  the  undersigned  has  hereunto  set  his  hand  this 
8th     day  of  July 196  8  . 


BOSTON  REQEVELOPM 


BY 

LS  Assistant 


CAPirOL  7-1030  ■    R£s.  OXForiD  0-4538 

OXFORD  e-6067 

John  C.  Cont.ey 

attorney  at  law 

Suite  426 

73  Tremont  St..  Boston.  Mass.  02106 


June  29,    1968 


Mr„    Charles  Jo    Horan 

Regional  Dii-ector  of  Urban  Renewal 

Departinent  of  Housing  and  Urban  Development 

346  Broadway 

New  York,    New  York 


Dear  Sir: 

Re:     Amendatory  Application  for  Loan  and  Grant  Contract 
Government  Center  Project;    Mass.    R-3  5 
Boston..    Massachusetts 

I  am  an  attorney  at  law  admitted  to  practice  in  the  ComiT)onwealth 
of  Massachusetts.     As  counsel  for  the  Boston  Redevelopment  Authority 
(hereinafter  called  the  "Local  Public  Agency")  in  the  above-  identified 
projectj    my  opinionj    including  certain  factual  stateiTients  requested 
by  the  Department  of  Housing  and  Urban  DevelopiTientj    is  as  follows: 

1.       I  have  reviewed  the  Legal  Inforination  submitted  on 
on  HHFA  Forms  H-6103A  and  H-6103B  as  part  of  the 
survey  and  planning  application  of  the  Local  Public  Agency, 
dated  June  30,    1960,    and  1  have  also  made  an  examination  of 
applicable  State  and  local  laws.,     Since  the  date    of  the  sub- 
mission of  said  Legal  Inforination,    there  has  not  been  any 
court  decision,    statutory  or  constitutional  enactmentj    or 
revision  or  amendment  of  any  State  or  local  laws  requiring 
any  change  or  supplementation  of  the  Legal  Jnfornnation 
subinitted  as  aforesaid,    and  the  said  Legal  Inforination  as 
of  the  date  of  this  opinion  is,    to  the  best  of  my  Icnowledge  and 
belief,    true  and  correct^    except  as  follows: 

None 


2.  I  have  reviewed  the  Amendatory  Application  for  Loan  and 
Grant  Contract,    dated  June  Z7,    I968,    and  approved  by  the  Local 
Public  Agency  on  June  27,    19 68,    for  this  Project. 

3.  To  my  knov/ledge,    there  is  no  pending  or  threatened  litigation 
of  any  kind  concerning  the  Plan  or  said  Project,, 

4.  I  am  of  the  opinion  that  the  Local  Public  Agency  has  been 
legally  created  and  is  a  duly  organized  and  acting  public  body 
having  the  legal  pov/er  to  undertake  and  carry  out  the  Project 
activities  described  in  the  Application  in  the  manner  set  forth 
therein. 


Since  re  lyj 


John  C„    Conley 


Attorney  for  Boston  Redevelopment 
Authority 


BOSTON  PUBLIC  LISRABv 

3  Jlliff^^^^^^^^^^ 


DECEIVED 

;  7  ttba 


